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E.O. 11652: GDS 80 
TAGS: MCAP NATO TU 

SUBJECT: NATO INFRASTRUCTURE - JFAI AT INCIRLIK 

REFS: A. AC/4(PP)FA/1852 

B. AC/4-D/2074 (REVISED) 

C. USCINCEUR ECJ4-P 4530, 14 MAR 74 

BEGIN SUMMARY. US HAS REVIEWED US PROPOSAL ON CORRECTION OF 
DEFICIENCIES AT INCIRLIK, AND HAS OFFERED ALTERNATIVE FOR 
CONSIDERATION. ACTION REQUIRED: ADVICE AS TO ACCEPTABILITY OF 
US PROPOSAL. END SUMMARY. 

1. RECOMMENDATION MADE REF C HAS BEEN DISCUSSED WITH NIS AND 
FOLLOWING DRAFT DECISION FOR PRESENTATION TO P&P COMMITTEE HAS 
BEEN PROPOSED IN LIEU THEREOF. QUOTE. THE COMMITTEE: (I) NOTES 
THAT THE USER NATION, DUE TO AN URGENT REQUIREMENT TO USE THE 
MOBILE POWERED GROUND EUIPMENT WORKSHOP, IS WILLING TO TAKE A 
CALCULATED RISK AND TO ACCEPT THE BUILDING IN THE PRESENT CONDI 
TION BUT RESERVES THE RIGHT TO COME BACK TO THE COMMITTEE IN THE 
FUTURE, SHOULD CORRECTIVE ACTION ON DEFICIENCY SHOWN IN SUBPARAGRAPH 
A OF SECTION I OF ANNEX C BECOME NECESSARY; (II) AGREES THAT IN 
VIEW OF THE SPECIAL CIRCUMSTANCES PERTAINING TO THIS CASE ARTICLE 17 
CONFIDENTIAL 
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OF AC/4-D/2074(REVISED ) WILL APPLY IF THIS DEFICIENCY NEEDS CORRECTIO 
N 

WITHIN THE TIME LIMITS DESCRIBED IN SUB-ARTICLES (I) AND IV); 

(III) FORMALLY ACCEPT THE WORKS COVERED BY THIS REPORT INCLUDING 
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THE MOBILE POWERED GROUND EQUIPMENT BUILDING SUBJECT TO CORRECTION 
OF THE OTHER DEFICIENCIES. UNQUOTE. 

2. IF THIS DECISION IS AGREED TO THIS MONTH, THE 30-MONTH PERIOD 
INDICATED IN SUBPARA (II) WOULD BEGIN 1 JULY 74 AND END 1 JAN 77. 

THIS WOULD MEAN THAT, SINCE CONSTRUCTION WAS UNDER WAS AT TIME OF 
INTERNATIONAL STAFF FIRST VISIT IN OCT 71, AND COMPLETED NOV 72 PER 
REF A, THE US WOULD HAVE HAD BETWEEN FIVE AND SIX YEARS TO 
IDENTIFY SPECIFIC CORRECTIVE ACTIONS IF REQUIRED FROM TIME PROBLEM 
WAS FIRST IDENTIFIED. 

3. IN VIEW OF IMMINENT FINANCIAL DIFFICULTIES IN BOTH SLICE GROUPS 
INVOLVED, SLICES XXII-XV AND XVI-XX, NIS WOULD STRONGLY PREFER NOT 
TO LEAVE ITEM OPEN FOR ADDITIONAL POTENTIAL FUND REQUIREMENTS 
BEYOND THAT PERIOD. 

4. NOTE THAT NIS PROPOSAL DOES NOT REQUIRE THAT CORRECTIVE ACTION 
BE COMPLETED WITHIN 30-MONTH PERIOD, BUT IS INTENDED TO INDICATE 
WILLINGNESS ON PART OF COMMITTEE TO CONSIDER APPROVING INITIATION OF 
CORRECTIVE ACTION WITHIN THE 30-MONTH PERIOD, IF JUSTIFIABLE 

AND IDENTIFIED AS BEING REQUIRED BY THIS DEFICIENCY PRIOR TO 
EXPIRATION OF THAT PERIOD. 

5. REQUEST ADVISE IF NIS PROPOSAL IS ACCEPTABLE. 

GOODBY 

CONFIDENTIAL 

« END OF DOCUMENT » 
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